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BILL NO. S-85-09- SG 


SPECIAL ORDINANCE NO. s/f A, 


AN ORDINANCE approving Change Order No. 1 
(Final), Res. #409-84, Spruce Drive - 
Spruce Lane Sanitary Sewer, with All 

Star Construction and Excavating, Inc., 
in connection with the Board of Public 
Works and Safety. 


NOW, THEREFORE, BE IT ORDAINED BY THE COMMON COUNCIL 
OF THE CITY OF FORT WAYNE, INDIANA: 

SECTION 1. That Change Order No. 1, Res. #409-84, 
Spruce Drive - Spruce Lane Sanitary Sewer, with All Star 
Construction and Excavating, Inc., in connection with the 
Board of Public Works and Safety, for: 


Change Order No. 1 (Final) for Res. 409-84, 
Spruce Drive - Spruce Lane Sanitary Sewer 

is due to certain items have been increased 
or decreased on the final inspection and 
measurements. In addition, due to conflicts 
with underground utilities during construction 
an additional manhole was installed; and 
also the relocation of the 12" sewer 

line, the lowering of 300' of 10" sewer 
line, the concrete encasement of a 10" 

cast iron pipe and the construction of 

6" building sewer over 12" water main, 

all took place due to said utilities 
conflicts. 





involving a net increase of Four Thousand One Hundred Ninety- 

Three and 72/100 Dollars ($4,193.72), all as more particularly 

set forth in the specifications, and which is on file with 

the Office of the Board of Public Works and Safety, and 

is by reference incorporated herein, made a part hereof 

and is hereby in all things ratified, confirmed and approved. 
SECTION 2. That this Ordinance shall be in full 

force and effect from and after its passage and any and 


all necessary approval by the Mayor. ee 





APPROVED AS TO FORM 
AND LEGALITY 





Bruce O. Boxberger, City Attorney 








Read the first time in full and on motion by 


d 
seconded by , and duly, adop , ad t econd time 
by title and referred to the Committee (and the City 
Plan Commission for recommendation). and Publi earing to be kála after 
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due legal notice, at the Council Chambers, City-Coun Lldirig, Fort Wayne 
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19 pat 


DATE: ee 





SANDRA E. KENNEDY, CITY CLERK 


Read the third time in full and on motion by E ge ‘ 
seconded by CEL) , and duly adopted, pladéd on its 


passage. PASSED (HOST) by the following vote: 
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DATE: ADA RE 


SANDRA E. KENNEDY, CITY CLERK 


Passed and adopted by the Common Council of the City of Fort 


Wayne, Indiana, as (ANNEXATION) (APPROPRIATION) ~{GENERAL) 





(SPECIAL) (ZONING MAP) ORDINANCE (RESOLUTION) NO. EST AZ E 
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on the PAC day of let KEZ) 19 pa 
at the hour of : Lf. To ER o'clock ] IM O i 


SANDRA E. KENNEDY, CITY CLERK 
Approved and signed by me this [EGR day of (De (fe FPS) f 


19 a , at the hour of - Bl o'clock ¡+ MAE.SIT. 
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WIN MOSES, JR., MAYOR 
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Change Order No 1 (Final Resolution No. 409-1984 
Project No. ie UR Linh be Week tones A Board Order # 171-1984 
Name of Project: Spruce Drive - Spruce Lane Sanitary Sewer Date 9/10/85 
TO: All Star Construction and Excavating 

(Contractor) 
Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 










o Y Description of Change | _____ | Change in Contract Price 
| Quantity Description Decrease Increase 





oe pr te ye Eee 





Total Decrease 


$5,261.28 


The sum of $ 4,193.75 is hereby (added to) (&&&XXKXAXEKRH) the total contract price and 
the final contract price shall be adjusted as follows: 


Total Increase 


Net (HAXXEMXE) (Increase) Contract Price 





Original Contract Price $ 
Current Contract Price Adjusted by Previous Change Order 
New Contract Price including this Change Order 


$ 60,813.60 
$ 65,007.32 


The time provided for completion in the contract for this project is (unchanged) ( Xnxxemsed) 
(ILLEXIIZA) by xe calendar days due to this Change Order. The date for completion 
of all work shall be September 16, 1985 . FURTHERMORE, this document shall become an 
amendment to the contract and all provisions of the contract shall apply hereto. 


Y 
Recommended by: A E Chief Engineer Date A A A SO 49 f¢ 
Accepted by: F F Contractor Date PL. (ES 


Approved by: Date Es f Jb GES: 
Date 7 lit /po— 


Approved by: 








Attested by: Abb ns V. Gre A ; j Clerk Date Fj EA 


Item 
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Coa o eca 0 oe Decrease Increase 
NT a 


18 L.F. | -42 -Sewer Pipe-PVC-SDR-35-- = 


A LE: 10" Sewer Pipe PVC SDR 35 16.69 66.76 ---- 
IEX LGF; 6" Bldg. Sewer Extension 15.00 


ATTACHMENT TO CHANGE ORDER 


i) 





pons LF 89 322.02 pme 


UAG Compacted Special Backfill eo 416.00 ---- 





Sa Sis Double Chip and Seal 


IS ht i 
oo lo ilai 
Kw [Kx Sl 


20L. F 6' Concrete curb Replacement 


TOO S- Ye 4" Asphalt DW/Y Replacement 


A/ 50> SiN Seeding, Mulch, Fertilizer & Top Soil 0 


Net (MXXXXXXK) (Increase) 





x 1" A-2 Surface; City Mix. -50 


.50 
ALALE. 4" - 12" Field Tile/Culv. Repl. 8.00 


LeS; Sewer Line Relocation Adjustments and 










900.00 
1,680.00 
0 0 SO q a A lo 786.50 
eee S285 005 ---- 
MES 
pe a 
EAS 
PA 
Total Decrease 
Total Increase EN 9,455.00 
Contract Price EAS 419372 
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Change Order No._ 1 (Final) 
Resolution No. 409-1984 
Board Order No. 171-1984 


REQUEST AND JUSTIFICATION FOR CHANGE 


Necessity for change:___This is a Final close out Change Order. Certain items have 


been increased or decreased based on the final inspection and measurements. In 


addition, due to conflicts with underground utilities during construction, an ad- 
A A E A A AS ANS E E AS A A EA E A 


ditional manhole was installed; and also the relocation of the 12" sewer line, the 


lowering of 300' feet of 10" sewer line, the concrete encasement of a 10" cast iron 
SANA EIA PERES. RRE a aT 


pipe and the construction of 6" building sewer over 12" water main, all took place 


due to said utilities conflicts. 


A A A AE A E ES ES E AS A o IA 
Will proposed change alter size of the project? Yes No__X 


If yes, explain 


gg gq qq qq A 


Affect on operation and maintenance cost of this project: 


NONE 
ARE A E E A O A TN AA E A AA 











SN ÓN 
roject Engineer 


Admn . Appr. 
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TITLE OF ORDINANCE Change Order for Res. 409-84, Spruce Drive - Spruce Lane San. Sewer _ 
DEPARTMENT REQUESTING ORDINANCE Board of Public Works & Safety 





SYNOPSIS OF ORDINANCE Change Order #1 (Final) for Res. 409-84, Spruce Drive - Spruce Lai 


Sanitary Sewer is due to certain items have been increased or decreased on the 


final inspection and measurements. In addition, due to conflicts with errada 
utilities during construction an additional manhole was installed; and also the 
relocation of the 12" sewer line, the lowering of 300' of 10" sewer line, the 
concrete encasement of a 10" cast iron pipe and the construction of 6" building 
sewer over 12" water main, all took place due to said utilities conflicts. y 
All Star Excavating € Construction is the contractor. 


EFFECT OF PASSAGE To facilitate completion of project. 


EFFECT OF NON-PASSAGE 


MONEY INVOLVED (DIRECT COSTS, EXPENDITURE, SAVINGS) $4193.72 


ASSTGNED TO COMMITTEE 


BILL NO. $=85=-09=18 








REPORT OF THE COMMITTEE ON CITY UTILITIES 
WE, YOUR COMMITTEE ON ` CITY UTILITIES - - TO WHOM WAS 
REFERRED AN (ORDINANCE)  : (RESOLUTION) AN ORDINANCE APPROVING CHANGE 


ORDER NO. 1 (FINAL), RES. # 409-84, SPRUCE DRIVE-SPRUCE LANE SANITARY 
A AIN Ed Se nolan atte At dr Ei ol ie 


SEWER, WITH ALL STAR CONSTRUCTION AND EXCAVATING, INC., IN CONNECTION 


WITH THE BOARD OF PUBLIC WORKS AND SAFETY 


nat . le : a . 
A A A A A A A 


x 


”. 





Ae 








HAVE HAD SAID (ORDINANCE) (RESOLUTION) UNDER CONSIDERATION AND BEG 


LEAVE TO REPORT BACK TO THE COMMON COUNCIL THAT SAID (ORDINANCE) | 












(RESOLUTION) 
YE NO 
T THOMAS C. HENRY 
CHAIRMAN . 
JANET G. BRADBURY ` ae 
LA TECE CHAIRWOMAN m 


DONALD J. SCHMIDT 





JAMES S. STIER. 








gees A, AS CHARLES B. REDD 


CONCURRED IN PrE E E SANDRA E. KENNEDY 
; CITY CLERK 


